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Contract No. RD-X-63 
Amendment No . 2 


9 SEP 1965 


Eastman Kodak Company 
Rochester, New York 

Gentlemen : 

1. This document constitutes Amendment No. 2 to Contract No. 
RD-X-63 hetween Eastman Kodak Company and the United States of 
America. 


2. Pursuant to the clause of this contract entitled "CHANGES" 
and mutual agreement between the parties hereto, it is in the interest 
of the Government to amend the contract as follows : 

(a). By reason of termination of this contract for the 
convenience of the Government effective 30 June 1963 the estimated 
cost and fixed-fee stated in Paragraphs a. and b. of PART III of the 
contract schedule are adjusted to read as follows: 

25X1 A 

"PART III - ESTIMATED COST AND FIXED-FEE 


(b). In accordance with the provisions of Paragraph b. 
Indirect Cost, in PART IV of the contract schedule, there are attached 
hereto final overhead rates applicable to this contract for the periods 
1 January 1962 through 31 December 1962 and 1 January 1963 through 
29 December 1963. 

3. All other terms and. conditions of Contract No. RD-X-63, as 
amended, remain unchanged. 
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4. Please indicate your receipt of this Amendment No. 2 to 
Contract No. RD-X -63 and your acceptance thereof by executing the 
original and two copies of this amendment. Return the fully executed 
original and one copy to the undersigned and retain the remaining 
copy for your files . 

Very truly yours , 


25X1 A 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
EASTMAN KODAK COMPANY 

L 

B 


TITLE Vice President 


DATE 22 September 19&5 
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FINAL OVERHEAD RATES 


aonro^ fin f °I erhead rates have been negotiated and 

r ? ®FF contracts performed in the Contractor's Apparatus 
and Optical Division for the periods stated below: 
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(3) Direct engineering labor dollars, exclusive of overtime 
and shift premium, when work is performed outside of the 
contractor's plant for extended periods of time in excess 
six months duration. 

( 4 ) Total allowable costs, exclusive of general and administrative 
expense. 
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(3) Direct material costs, exclusive of inter-divisional 
purchases, subcontract charges, and capital items. 

(4) Total allowable costs, exclusive of general and 
administrative expense. 
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